Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Text 


UNCLASSIFIED 

PAGE 01 BANGKO 18483 280802Z 
17 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

098675 

P 280624Z NOV 73 

FM AMEMBASSY BANGKOK 

TO SECSTATE WASHDC PRIORITY 8555 

UNCLAS BANGKOK 18483 

E.O. 11652: N/A 
TAGS ABLD, TH 

SUBJECT: WAREHOUSE GFM, CONTRACT NO S48-FBO-587 
PROPERTY NO 05316 

FOR A/FBO FROM LORA. 

REF: STATE 204751 

1. THAI UNIVERSAL ENGINEERING CO. QUOTES BAHT 582,605 ($28,595) 

FOR ALL ITEMS LISTED AS GFM ON DRAWING M-l. AIR COOLED WATER CHILLER 
AND AIR HANDLING UNITS WILL BE CHRYSLER AIRTEMP. OTHER RELATED 
ITEMS TO BE U.S. PRODUCTS PER SPECIFICATIONS. QUOTATION VALID UP 
TO DECEMBER 10 AFTER WHICH A FIVE PERCENT PRICE INCREASE WILL 
APPLY TO ALL ORDERS RECEIVED IN DAYTON, OHIO. CURRENT PRICES WILL 
APPLY TO ALL ORDERS RECEIVED PRIOR DECEMBER 15 PROVIDING ORDERS 
ARE SHIPP ABLE WITHIN NORMAL LEAD TIMES OR FROM FART TEST AVAILABLE 
PRODUCTION SCHEDULE ACCORDING TO TELEGRAM RECEIVED BY AC 
SUBCONTRACTOR FROM CHRYSLER AIRTEMP. 

3. DELIVERY TIME OF AC EQUIPMENT IS 12 WEEKS EX-FACTORY AFTER 
RECEIPT ORDER, PLUS 8-10 WEEKS WAITING TIME FOR STEAMER AND 
SHIPPING TO BANGKOK, OR ETA BANGKOK MAY 30, 1974. ALLOWING 
THREE WEEKS FOR INSTALLATION AND TESTS, APPROXIMATE COMPLETION 
DATE IS JUNE 20, 1974. 

4. PLEASE ADVISE SOONEST IF QUOTATION ACCEPTABLE. 

KINTNER 

UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 28 NOV 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973BANGK018483 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BANGKOK 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: linkl 973/newtext/tl 9731 19/aaaaaggz. tel 

Line Count: 51 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: STATE 204751 

Review Action: RELEASED, APPROVED 

Review Authority: martinjw 

Review Comment: n/a 

Review Content Flags: 

Review Date: 23 OCT 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <23-Oct-2001 by myersjs0>; APPROVED <07 FEB 2002 by martinjw> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: WAREHOUSE GFM, CONTRACT NO S48-FBO-587 PROPERTY NO 05316 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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